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Week in Review and Lookahead 
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The Green Line Transformation team delivered an — Connecting wth Communities 
update at the MBIA’s Board of Directors meeting 
this Thursday — if you weren't able to watch, the 


presentation is available for download. This week 


we also released our monthly Green Line Train 
Protection System update. Keep reading to learn 


about the latest progress and upcoming construction 


New Projects in Design Q000 » 


ee Sie: 
CAPITAL 33)» 
TRANSFORMATION 
A Division of Capital Programs 


Green Line Transformation 
(GLT) Program Update 


























ee 2025 | 2026 | 2027 | 2028 | 2029 | 2030 | 2031 2032 | 
, : 
Ca : Close-Out & A key benefit to the Type 10 
. FD | Pilot Vehicle Rollout (2/month) eer a is being able to increase 
capacity. This is possible with 


operating them as two-car 
trains which requires: 








* Ensuring platforms are 
225 feet long 





* Traction power upgrades 
gel Petia, Chief of Capital Transformation 
2 * Yards capable of storing 


o carers ad (OO | Spor ak Seve 
= ) MBTA Board of Directors Meeting | April 28,2022 (i 





Y Recap | This Thursday, the GLT team presented an update to the MBTA Board of Directors, including 
the latest news on our application to the FTA’s Core Capacity Grant Program, which would provide 
funding for projects, laying the foundation on the required infrastructure to accommodate the 
Type 10 Supercars. The team also provided an update on the status of the procurement of the new 
Type 10 vehicles, which will completely replace the existing Green Line fleet. The team is evaluating 
proposals for these state-of-the-art vehicles, and expect to award the contract this summer 


¢ Lookahead | Our upcoming construction schedule was also discussed at the Board meeting, with 
surges planned on all four branches of the Green Line starting in June. Over 10,000 feet of track will 
be replaced during these surges, and components of the Green Line Train Protection System will 
be installed along the tracks — laying the groundwork for the accelerated delivery of this advanced 


safety system. The GLT team invites you to join a virtual public meeting on Wednesday, May 18 
to learn more: 


2022 Construction Schedule: 


e B Branch (Boston College — Kenmore): June 20 — July 1 

e C Branch (Cleveland Circle — Kenmore): July 11 — July 22 

e E Branch (Heath St — Copley): August 6 — August 21 

e D Branch (Riverside — Kenmore): September 24 — October 30 


*Schedule subject to change with weather conditions and tn 
accordance with public health directives Page 1 of 1 
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